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INTRODUCTION 


This  Project  Management  Plan  is  the  guide  for  people  working  on  round  II  of  the  Fort  Union  Regional 
Coal  Project.  It  supplements  federal  coal  management  regulations,  the  Memorandum  of  Understand- 
ing for  the  Fort  Union  Regional  Coal  Team,  Bureau  of  Land  Management  (BLM)  coal  program 
direction,  and  other  legal  and  regulatory  documents. 

The  Plan  defines  the  steps  through  which  the  BLM  Lead  State  Director  plans  to  meet  the  require- 
ments of  the  Secretary's  coal  management  program;  it  aims  for  a  decision  about  federal  coal  leasing 
in  the  Fort  Union  region,  sale  date  June  3, 1986.  Throughout  the  study  period,  the  Plan  will  gradually 
make  use  of  and  incorporate  guidance  from  the  Regional  Coal  Team,  the  BLM  Office  of  Coal,  Oilshale 
and  Tarsands  and  the  Fort  Union  Project  Management  Committee.  As  a  final  purpose,  the  Project 
Management  Plan  describes  the  organization  for  the  project,  the  division  of  labor,  and  the  study 
methods. 

Figure  1  illustrates  the  major  elements  in  the  project.  The  following  is  its  explanation  with  the  phase 
numbers  corresponding  to  those  on  the  diagram. 

Phase  1 :  Identification  and  Analysis  of  Potential  Lease  Tracts  and  Assumed  Associated 
Facilities 

This  phase  in  the  program  begins  with  the  completion  of  the  BLM  Management  Framework  Plans 
(MFP).  Based  on  the  findings  in  the  MFPs  as  to  which  areas  are  suitable  for  further  leasing  considera- 
tion, Phase  1  focuses  on  the  delineation  of  tracts  into  Logical  Mine  Size  Tracts  (LMSTs).  Once  the 
tracts  are  identified,  Tract  Profile  Reports  are  done  on  each  tract.  Also,  an  evaluation  will  be 
performed  addressing  the  impacts  of  assumed  associated  power  and  synfuel  plants.  During  this 
phase  and  part  of  Phase  II  of  the  program,  the  application  of  unsuitability  criteria  will  continue,  as 
additional  data  becomes  available. 

Phase  2:    Tract  Ranking  and  Environmental  Assessment  of  Regional  Leasing 
Alternatives 

Tbe  first  step  in  Phase  II  is  the  establishment  of  leasing  levels,  i.e.,  tonnages  of  federal  coal  to  be 
offered,  for  the  region.  Based  in  part  upon  these  leasing  levels,  the  individual  tracts  will  be  ranked  and 
grouped  for  evaluation  into  region-wide  leasing  alternatives  for  a  projected  June  3,  1986  lease  sale. 
The  focus  of  this  phase  is  on  a  comparison  among  tracts  and  groups  of  tracts  within  the  region  and  on 
an  evaluation  of  potential  leasing  patterns  on  a  regional  basis. 

Phase  3:     Leasing  Decision  and  1986  Sale  Offering 

Based  on  the  analyses  in  Phases  1  and  2,  the  focus  in  this  phase  is  on  reaching  and  implementing  a 
final  leasing  decision,  which  ultimately  rests  with  the  Secretary  of  the  Interior.  Included  in  this  phase 
are  lease  sale  schedule  recommendations  from  the  Regional  Coal  Team  and  the  BLM  Director, 
economic  evaluations  by  the  BLM,  and  consultations  between  the  Secretary,  the  Attorney  General, 
State  Governors,  and  Indian  Tribal  leaders. 

Public  Involvement  Plan 

Broad  public,  agency,  industry,  and  organizational  interests  exist  with  regard  to  future  leasing  and 
development  decisions.  A  major  part  of  the  project  planning  effort  has  been  to  guarantee  a  public 
involvement  plan  which  will  provide  all  public  groups  and  agencies  an  appropriate  role  in  each  of  the 
major  project  phases. 
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Introduction 


The  basic  organization  of  the  Fort  Union  Coal  Activity  Plans/EIS  project  is  shown  in  Figure  2.  The 
project  will  work  through  the  Regional  Coal  Team  (see  Table  1)  and  through  the  lead  BLM  State 
Director  (see  Chart  1).  Individual  specialists  would  represent  their  scientific  specialists. 


TABLE  1 
REGIONAL  COAL  TEAM 


A.  Voting  Members 

Chairman 

Alternate 
State  of  North  Dakota 

Alternate 
State  of  Montana 

Alternate 
Bureau  of  Land  Management  (Montana) 

Bureau  of  Land  Management  (North  Dakota) 

B.  Ex-Officio  Members 

U.S.  Fish  and  Wildlife  Service 

Alternate 


Office  of  Surface  Mining  Reclamation 
and  Enforcement 
Alternate 


U.S.  Park  Service 
Alternate 

Environmental  Protection  Agency 

Bureau  of  Indian  Affairs 
Alternate 


Clair  Whitlock 
Idaho  State  Director,  BLM 
John  Davis 

August  Keller 
Governor's  Representative 
Jim  Luptak 

Tim  Gallagher 
Governor's  Representative 
Ralph  Driear 

Michael  Penfold 
Montana  State  Director 

Reed  Smith 

Dickinson  District  Manager 


William  Martin 

Asst.  Regional  Director  for 

Habitat  Resources 

Stan  Zschomler 

Field  Supervisor 

Allen  Klein 

Administrator,  Western  Technical  Center 

Jerry  Gavette 

Senior  Project  Manager 

Harvey  Wickware 

Superintendent,  Theodore  Roosevelt 

National  Park 

Robert  Powell 

Chief  Ranger, 

Theodore  Roosevelt  National  Park 

Tom  Harris 

Air  Program  Specialist 

Mac  Cole 

Asst.  Area  Director,  Programs 

Pat  Hemmy 

Geologist 


Local  Representative  (Montana)  Ken  Coulter 

Commissioner, 

Garfield  County,  Montana 

Local  Representative  (North  Dakota)  Keith  Farsveet 

Commissioner, 
Golden  Valley,  North  Dakota 

Local  Representative  (North  Dakota)  Leland  Roen 

State  Senator,  North  Dakota 


C.  The  duties  of  the  Regional  Coal  Team  are  as  follow: 

—  Holds  public  meetings  to  present,  receive,  and  analyze  public  comments  on  regional  leasing 
levels,  EIS  scoping  suggestions,  regional  leasing  alternatives,  and  tract  ranking  criteria. 

—  Develops  recommendations  to  the  Interior  Department  for  establishment  of  final  leasing  levels. 

—  Provides  guidance  for  analyses  of  end  use  facilities. 

—  Reviews  delineated  tracts  for  which  sufficient  data  exists. 

—  Develops  criteria  for  ranking  tracts. 

—  Ranks  tracts  in  high,  moderate,  or  low  category  of  desirability  for  leasing. 

—  Selects  alternative  combinations  of  tracts. 

—  Reviews  Preference  Right  Lease  Applications. 

—  Reviews  lease  proposals  for  public  body  and  small  business  set  aside. 

—  Reviews  emergency  leasing  and  coal  lease  application  proposals. 

—  Reviews  exchange  and  cooperative  leasing  proposals. 

—  Provides  guidance  for  Fort  Union  Coal  Project  Organization. 

—  Provides  forum  for  federal/state  consultation  and  cooperation. 

—  Concurs  with  Fort  Union  Project  Management  Plan. 

—  Develops  recommendations  to  the  Interior  Department  for  scheduling  of  lease  sales. 


FIGURE  2 

INTER-DISTRICT  TEAM  MEMBER  ASSIGNMENTS 
FOR  SECOND  ROUND  FT.  UNION  EIS 


Washington  Office  Coordinator:  Caty  Roy 

State  Office  Coordinator:  Lloyd  Emmons 

Project  Manager:  Rob  McWhorter 

Technical  Coordinator:  Gary  Lipp 


Specialties 

Air  Quality 

Minerals 

Water 

Soils  &  Reclamation 

Agriculture 

Wildlife 

Cultural 

Land  Use 

Social 

Economic 

Recreation 

Writer/Editor 


INTER-DISTRICT  PROJECT  TEAM 

Lead  Specialists 

Jim  Rasmussen 
Gordon  Cormier 
Chuck  Petty 
Donald  Rufledt 
Hand  McNeel 
Craig  Altop 
David  Fraley 
Brian  Lynnes 
(To  be  assigned) 
Dave  Peters 
Ladd  Coates 
Mel  Ingeroi 


Support  Specialists 

Chuck  Petty 
(To  be  assigned) 
Dex  Hight 
Marty  Griffith 
Lyle  Chase 
Steve  Gniadek 
Sandy  Bass 
Leonard  Koerth 
MSO 
MSO 

(To  be  assigned) 
Jim  Hetzer 


Resource  Evaluation 
Tract  Delineation  Team 


George  Mowat 
John  Spencer 
Jim  Gruber 
Bill  Hanson 
John  McKay 
Dave  Coppock 
Hal  Owen 


CHART  1 
FORT  UNION  II  PROJECT  ORGANIZATION 


Regional  Coal  Team 


State  Director 


Montana  State 
Coordinator 


Dickinson  D.M.  Chairman 

Miles  City  D.M. 

MSO  Coordinator 


North  Dakota  State 
Coordinator 


Project  Manager 


Tract  Delineation 
Team 


MSO  Printing  & 
Graphics  Section 


Technical 
Coordinator 


Writer/Editor 
Clerical  Support 


Inter- District  Project  Team 


SPECIALTIES: 

Air  Quality 

Minerals 

Water 

Soils 

Agriculture  &  Reclamation 

Wildlife 

Cultural 

Land  Use 

Social 
Economic 
Recreation 


Work  Responsibilities 

BLM  Lead  State  Director— Mike  Penfold 

The  lead  State  Director  supervises  the  Fort  Union  Coal  Project  Team  in  the  activity  planning  and  EIS 
preparation  process.  He  is  responsible  for  ensuring  that  the  regional  coal  lease  sale  schedule  is  met.  To 
do  this  he  will  receive  policy  and  technical  guidance  from  the  Office  of  Coal,  Oil  Shale  and  Tar  Sands 
Management  and  guidance  from  the  Regional  Coal  Team  in  the  form  of  recommendations  on  leasing 
levels,  tract  delineation,  tract  ranking,  and  tract  selection.  He  also  makes  sure  that  coordination  with 
other  BLM  offices  and  affected  federal  and  state  agencies  is  achieved. 

Project  Management  Committee 

The  Project  Management  Committee  (PMC)  is  composed  of  the  Dickinson  District  Manager  (Chair- 
man), the  Miles  City  District  Manager  and  the  Ft.  Union  Coal  Coordinator.  The  PMC  provides 
oversight  for  the  entire  project  management  process  and  an  overview  of  coordination  in  the  two  state 
region.  The  PMC  assures  that  the  coal  regulations  are  met.  The  PMC  is  the  group  which  resolves 
conflicts  in  work  priorities  and  insures  coodination  with  other  BLM  offices  and  affected  State  and 
Federal  agencies.  Major  policy  questions  are  either  resolved  or  elevated  for  resolution  by  this  group. 
This  group  is  the  forum  for  airing  District  and  State  Office  concerns  in  completion  of  the  Ft.  Union 
Coal  activity  planning  process. 

Fort  Union  Coal  Coordinator— Lloyd  Emmons 

The  Fort  Union  Coal  Coordinator  will  serve  as  the  State  Office  representive  on  the  Project  Manage- 
ment Committee.  He  is  responsible  for  all  coordination  aspects  of  the  project.  This  will  include  serving 
as  the  point  of  contact  in  the  Montana  State  Office  for  all  Fort  Union  project  staff  members  to  the  Fort 
Union  Regional  Coal  Team,  including  all  preparations  and  arrangements  for  RCT  meetings.  He  is 
also  responsible  for  interpreting  policy,  statutes,  and  directives  from  higher  authority  and  provides 
for  ensuring  full  compliance  with  coal  policy  and  regulations.  He  establishes  working  relationships 
with  officials  of  federal,  state,  and  local  governmental  agencies;  private  groups;  associations;  and 
individuals  and  carries  out  the  necessary  coordination.  He  ensures  that  the  DM's  and  Project 
Manager  are  aware  of  all  coordination  he  performs  in  the  Districts. 

Fort  Union  Coal  Project  Manager— Rob  McWhorter 

The  Project  Manager  is  responsible  for  managing  all  aspects  of  the  project.  This  includes  keeping  the 
Project  Management  Committee  (PMC)  apprised  of  the  status  of  the  project,  providing  direction  to  the 
project  team,  developing  the  project  management  plan,  and  discussing  supplemental  policies  and 
directives  with  the  Fort  Union  Coal  Coordinator.  He  is  responsible  on  a  day-to-day  basis  for  imple- 
menting guidance  from  the  Regional  Coal  Team  (RCT)  and  the  PMC  and  for  project  efforts  from  the 
completion  of  the  Management  Framework  Plans  to  the  final  leasing  recommendations  to  the 
Secretary.  He  is  responsible  for  providing  information  requested  by  the  RCT.  He  establishes  activity 
scheduling  throughout  the  process  and  reviews  and  approves  all  analyses  prior  to  inclusion  in  official 
review  drafts. 

Technical  Coordinator— Gary  Lipp 

The  Technical  Coordinator  is  responsible  for  knowing  at  all  times  what  activities  are  occurring  on  all 
aspects  of  the  daily  operation  of  the  project.  He  is  responsible  for  continuous  contacts  with  the 
specialists  to  see  that  they  are  meeting  all  requirements  of  the  project  and  to  ensure  that  major  issues 
are  being  covered  throughout  the  process.  He  is  responsible  for  ensuring  that  information  is  techni- 
cally correct  and  scientifically  consistent  throughout  the  process.  He  must  make  sure  that  the 
specialists  do  the  analysis  within  the  standards  established  by  the  scoping  process  and  by  the 
Regional  Coal  Team.  He  ensures  that  scientific  review  of  the  assessment  process  has  occurred  prior  to 
document  submission  to  the  lead  State  Director  and  the  Regional  Coal  Team.  In  this  capacity,  he  is 
responsible  for  the  development  of  the  proposed  alternative  portions  of  all  documents  as  directed  by 
the  Regional  Coal  Team. 


State  Coordinators— Ralph  Driear— Montana  —  Jim  Luptak— North  Dakota 

State  Coordinators  are  located  in  Helena  and  Bismarck,  in  the  state  capitals  of  Montana  and  North 
Dakota.  They  are  responsible  for  coordinating  all  activities  necessary  to  meet  the  objectives  of 
activity  planning  and  the  EIS.  The  State  Coordinators  provide  a  focal  point  for  information  in 
Montana  and  North  Dakota  on  the  project.  They  also  assist  in  reviewing  final  manuscripts  to  ensure 
that  the  widest  possible  array  of  federal  and  state  concerns  are  addressed. 

Lead  Specialists/Support  Specialists 

Lead  specialists  are  responsible,  within  the  various  specialities,  for  all  of  the  analyses  and  documen- 
tation connected  with  the  Tract  Profile  Reports,  any  projected  associated  facilities,  Tract  Profile 
summary  reports,  leasing  levels,  Regional  Coal  Team  tract  ranking  presentations,  cumulative 
assessments,  and  the  regional  EIS.  They  are  responsible  for  continuing  coordination  among  them- 
selves, working  through  the  technical  coordinator,  and  keeping  project  management  informed  of 
their  progress.  A  major  objective  of  each  specialist  is  close  coordination  with  other  affected  federal, 
state,  and  local  government  specialists. 

Each  lead  specialist  is  responsible  for  discussing  and  analyzing  air  quality,  minerals,  water,  soils, 
agriculture,  reclamation,  recreation,  wildlife,  cultural  resources,  land  use,  social  conditions,  and 
economic  conditions.  Each  lead  specialist  describes  probable  impacts  of  federal  coal  development 
upon  his/her  respective  area  of  responsibility.  Furthermore,  where  an  impact  is  discovered  that 
affects  another  specialist's  responsibilities,  that  specialist  must  be  informed  so  that  he/she  can 
incorporate  that  information  into  his/her  work.  Support  specialists  will  provide  data  or  rough  draft 
materials  to  the  lead  specialist  as  required  and  directed  by  the  project  manager. 


Directory  for  Fort  Union  Project 


NAME 


TITLE 


AGENCY 


ADDRESS 


OFFICE  PHONE 


Abner,  Mark 
Altop,  Craig 

Bass,  Sandy 

Bergman,  Jery 
Bitz,  Arnold 

Blake,  Kelly 

Blazicevic,  Theresa 

Bown,  John 

Brubaker,  Ray 

Burian,  Arnold 

Chase,  Lyle 

Christianson,  Gene 


Area  Office  Manager 
Wildlife  Biologist 

Archeologist 

Agri.  Research  Specialist 
Director 

Admin.,  Lands  Div. 

Mine  Inspector 

Geologist 

District  Manager 


State  Lands  Dept.  (MT) 
Bureau  of  Land  Mgmt. 

Bureau  of  Land  Mgmt. 

E  Mt  Agri.  Exp.  Stn. 

West  Central  Human  Services 
Center 

Dept.  of  State  Lands  (MT) 
Dept.  of  State  Lands  (MT) 
Bureau  of  Land  Mgmt. 
Bureau  of  Land  Mgmt. 


Deputy  Tax  Commissioner     Tax  Dept.  (ND) 


Agronomist 


Chief,  Environ.  Control 


Christopherson,  Denny      Coal  Coordinator 


Coates,  Ladd 

Coefield,  Tom 

Cole,  Dave 

Cole,  Mac 

Collins,  Roger 

Conrad,  Patricia 

Cormier,  Gordon 

Coulter,  Ken 
Daniel,  Gene 

Davis,  John 

Day,  Willie 
DeTienne,  Loren 


Rec.  Planner 

Economist 

Planner 


Asst.  Area  Director, 
Programs 

Coal  Coordinator 


Bureau  of  Land  Mgmt. 


Health  Dept.  (ND) 


U.S.  Fish  &  Wildlife 


Bureau  of  Land  Mgmt. 


Dept.  of  State  Lands  (MT) 


Dept.  of  Commerce 


Bureau  of  Indian  Affairs 


U.S.  Fish  &  Wildlife 


Deputy  Dir.,  Comm  Svcs.        Social  Ser.  Board  (ND) 


Geologist 


County  Commissioner 

Deputy  State  Director, 
Energy  &  Minerals 

Chief,  P&EC 


Elected  Official 
City  Councilman 


Bureau  of  Land  Mgmt. 

Garfield  County 
Bureau  of  Land  Mgmt. 

Bureau  of  Land  Mgmt. 


City  of  Sidney 

9 


Miles  City,  MT  59301 

P.O.  Box  1229 
Dickinson,  ND  58601 

P.O.  Box  1229 
Dickinson,  ND 

Sidney,  MT  59270 

600  So.  2nd  Street 
Bismarck,  ND.  58501 

1625  11th  Avenue 
Helena,  MT  59601 

1625  11th  Avenue 
Helena,  MT  59601 

P.O.  Box  930 

Miles  City,  MT  59301 

P.O.  Box  940 

Miles  City,  MT  59301 

State  Capitol  Grounds 
Bismarck,  ND  58505 

P.O.  Box  1229 
Dickinson,  NT  59601 

1200  Missouri  Avenue 
Bismarck,  ND  58501 

316  North  26th  St. 
Billings,  MT  59101 

P.O.  Box  940 

Miles  City,  MT  59301 

1539  11th  Ave. 
Helena,  MT  59620 

1424  9th  Avenue 
Helena,  MT  59601 

316  N.  26th  St. 
Billings,  MT  59101 

1500  East  Capitol  Bl. 
Bismarck,  ND  58501 

Capitol  Building 
Bismarck,  ND  58501 

P.O.  Box  940 

Miles  City,  MT  59301 

Jordan,  MT  59337 

P.O.  Box  36800 
Billings,  MT  59107 

338  American  Terr. 
Boise,  ID  83724 

Glendive,  MT 

712  Ninth  St.  SW 
Sidney,  MT  59720 


406-232-4331 

FTS  783-5771 

701-225-9148 

FTS  783-5771 
701-225-9148 

406-485-2372 

701-255-3090 

406-444-2074 

406-449-4560 

406-232-4331 


FTS  585-501 1 
406-232-4331 

701-224-2770 


FTS  783-5771 
701-225-9148 

701-224-2348 

FTS  585-6750 

FTS  585-5011 
406-232-4331 

406-449-2711 
406-449-3757 


FTS-585-6315 
406-657-6315 

FTS  783-4492 


701-224-2316 

FTS-585-5011 
406-232-4331 

406-557-2760 

FTS-585-6291 
406-657-6291 

FTS  554-1491 
208-334-1491 

406-687-3606 

406-482-2913 


NAME 


TITLE 


AGENCY 


ADDRESS 


OFFICE  PHONE 


Dirkson,  Randy 
Doll,  Eugene  C. 

Dollhopf,  Doug 

Driear,  Ralph 

Dwyer,  John 

Ekart,  Sy 
Ellerhoff,  Tom 
Elman,  Bob 

Elser,  Al 
Emmons,  Lloyd 
Englerth,  Ed 
Fahy,  Vern 
Farstveet,  Keith 
Fenner,  Kevin 
Ferguson,  Carol 
Fraley,  Dave 
Frey,  Bill 
Frink,  Dale 
Gallagher,  Tim 
Gavette,  Jerry 

Giovanini,  Robert  J. 
Gniadek,  Steve 


Fieldman 
Superintendent 

Soils  Specialist 


State  Lands  Dept.  (MT) 

Northern  Great  Plains 
Research  Center 

Reclamation  Research  Unit 


Environment  Coordinator      Lands  Dept.  (MT) 


President 


Soils  Scientist 


N.  Dakota  Lignite  Council 


Soil  Cons.  Service 


Environment  Coordinator      Dept.  of  Health  &  Environ. 

Sciences  (MT) 


Researcher 


Energy  Research  Center 


Reg.  Fisheries  Manager  State  Fish,  Wildlife  &  Parks 

(MT) 


MSO  Coordinator 


Staff  Director 


Bureau  of  Land  Mgmt. 


Public  Serv.  Comm.  (ND) 


State  Engineer  &  Secretary    State  Water  Commission  (ND) 


County  Commissioner  Golden  Valley  County 


Planner 


Fallon  Co.  Planning 


Impact  Assist.  Sec.  Supv.        Dept.  of  Commerce 


Archaeologist 

Geologist 

Staff 


Bureau  of  Land  Mgmt. 


Bureau  of  Land  Mgmt. 


State  Water  Comm.  (ND) 


Senior  Admin.  Assistant         Governor's  Office 


Senior  Project  Manager  Office  of  Surface  Mining 


Mining  Engineer 


Wildlife  Biologist 


Bureau  of  Land  Mgmt. 


Bureau  of  Land  Mgmt. 


Glasgow,  MT 

P.  O.  Box  459 

Mandan,  ND  58554 

Montana  State  Univ. 
Bozeman,  MT  59601 

1625  11th  Avenue 
Helena,  MT  59601 

Box  2034 

Suite  410 

Dakota  Northwestern 

Bank  Bldg. 

Bismark,  ND  58502 

P.O.  Box  1458 
Bismark,  ND  58502 

Cogswell  Building 
Helena,  MT  59601 

U.  of  N.Dakota 

Box  8213 

Grand  Forks,  ND  58202 

P.O.  Box  430 

Miles  City,  MT  59301 

P.O.  Box  36800 
Billings,  MT  59107 

Capitol  Building 
Bismarck,  ND  58505 

State  Capitol 
Bismarck,  ND  58505 

Beach,  ND  58621 


P.O.  Box  846 
Baker,  MT  59313 

1429  9th  Avenue 
Helena,  MT  59601 

P.O.  Box  940 

Miles  City,  MT  59301 

P.O.  Box  36800 
Billings,  MT  59107 

900  E.  Blvd. 
Bismarck,  ND  58501 

Capitol  Station 
Helena,  MT  59061 

Brooks  Tower 
1020  15th  St. 
Denver,  CO  80202 

P.O.  Box  36800 
Billings,  MT  59103 

P.O.  Box  940 

Miles  City,  MT  59301 


701-663-6445 
406-994-4821 
406-449-2074 
701-258-7117 

FTS  783-4435 

406-449-3946 

701-777-5109 

406-232-4365 


FTS-585-6291 
406-657-6291 

701-224-2400 


701-224-4940 


701-872-3381 
(Home) 

406-778-3603 


406-449-3757 


FTS  585-5011 
406-232-4331 

FTS  585-6291 
406-657-6291 

701-224-2750 


FTS  587-3111 
406-449-3111 

FTS  327-5656 
303-837-5656 


FTS  585-6185 
406-657-6185 

FTS  585-5011 
406-232-4331 
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NAME 

TITLE 

AGENCY 

ADDRESS 

OFFICE  PHONE 

Grende,  Mike 

Businessman 

Western  Energy  Co. 

404  North  31st. 
Billings,  MT  59101 

406-252-2277 

Griffith,  Marty 

Soil  Scientist 

Bureau  of  Land  Mgmt. 

P.O.  Box  940 

Miles  City,  MT  59301 

FTS  585-5011 
406-232-4331 

Gruber,  Jim 

Geologist 

Bureau  of  Land  Mgmt. 

P.O.  Box  36800 
Billings,  MT  59103 

FTS  585-6185 
406-657-6185 

Guerin,  Jay 

Public  Information  Spec. 

Bureau  of  Land  Mgmt. 

P.O.  Box  940 

Miles  City,  MT  59301 

FTS  585-5011 
406-232-4331 

Hofermehl,  Louis  N. 

Dept.  State  Historical 
Preservation  Officer 

Historical  Society  (ND) 

State  Capitol 
Bismarck,  ND  58501 

701-224-2672 

Harding,  Del 

Public  Affairs 

Bureau  of  Land  Mgmt. 

P.O.  Box  36800 
Billings,  MT  59107 

FTS  585-6561 
406-657-6561 

Harrington,  Neil 

Soils  Scientist 

State  Lands  Dept,  (MT) 

1625  11th  Avenue 
Helena,  MT  59601 

406-449-4560 

Harris,  Tom 

Air  Program  Specialist 

Environ.  Protection  Agency 

301  S.  Park 
Drawer  10096 
Helena,  MT  59626 

406-449-5486 

Helphrey,  Juanita 

Exec.  Director 

Indian  Affairs  Comm.  (ND) 

Capitol  Building 
Bismarck,  ND  58505 

701-224-2428 

Hemmer,  Dennis 

Commissioner 

Dept.  of  State  Lands  (MT) 

1625  11th  Avenue 
Helena,  MT  59601 

FTS  585-2074 
406-449-2074 

Hemmy,  Pat 

Geologist 

Bureau  of  Indian  Affairs 

316  N.  26th  St. 
Billings,  MT  59101 

FTS  585-6145 
406-657-6145 

Hight,  Dex 

Hydrologist 

Bureau  of  Land  Mgmt. 

P.O.  Box  940 

Miles  City,  MT  59301 

FTS  585-5011 
406-232-4331 

Howard,  Craig 

Mine  Inspector 

State  Lands  Dept.  (MT) 

1625  11th  Avenue 
Helena,  MT  59601 

406-449-4560 

Ingeroi,  Mel 

Public  Information  Spec. 

Bureau  of  Land  Mgmt. 

P.O.  Box  1229 
Dickinson,  ND  58601 

FTS  783-5771 
701-225-9148 

Jacobson,  Dennis 

Asst.  Director  Trans. 
Service  (ND) 

State  Hwy.  Dept. 

State  Capitol 
Bismarck,  ND  58505 

701-224-2512 

Jensen,  Bernie 

Veg.  Specialist 

Reclamation  Res.  Unit  (MT) 

Montana  State  Univ. 
Bozeman,  MT  59717 

406-994-4821 

Jones,  Dick 

Planning  Director 

Custer  County 

1909  Main 

Miles  City,  MT  59301 

406-232-6339 

Kasten,  David 

Rancher 

Brockway,  MT  59214 

406-485-2372 

Keller,  August 

Director 

Energy  Impact  Office  (ND) 

Capitol  Building 
Bismarck,  ND  58505 

701-224-3188 

Keitz,  Harry 

Engineer,  Air  Qual.  Bur. 

Dept.  of  Health  &  Env.  Sens. 

Cogswell  Building 
Helena,  MT  59601 

406-449-3454 

Key,  Gill 

Area  Manager 

U.S.  Fish  &  Wildlife 

East  Capitol  Av. 
Bismarck,  ND  58501 

FTS  783-4418 
701-255-4011 

Klein,  Allen 

Administrator,  Western 
Technical  Center 

Office  of  Surface  Mining 

Brooks  Tower 
1020  15th  St. 
Denver,  CO  80202 

FTS  327-5951 
303-837-5951 

Koerth,  Leonard 

Lands  Specialist 

Bureau  of  Land  Mgmt. 

P.O.  Box  1229 
Dickinson,  ND  58601 

FTS  783-5771 
701-225-9148 
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NAME 


TITLE 


AGENCY 


ADDRESS 


OFFICE  PHONE 


Kubesh,  Neil 
Landbloom,  Rod 
Lipp,  Gary 
Lommen,  Dick 
Loomis,  Tom 
Luptak,  Jim 
Martin,  William  E. 

Martinka,  Bob 

McKenna,  Mike 

McMartin,  John 

McNeel,  Hank 

McWhorter,  Rob 

Meister,  Ken 

Mockler,  Jim 

Monteith,  Dean 

Mosley,  Randy 

Mount,  Dana 

Mowat,  George 

Munshower,  Frank 

Musser,  Ed 

Nelson,  Meg 
Norton,  Wes 

O'Leary,  John 


Executive  Director 


Northern  Plains  Res.  Council 


Roosevelt-Custer  RC  &  D 


Technical  Coordinator  Bureau  of  Land  Mgmt. 


Commissioner 


Staff 


Dep.  Director 


Asst.  Regional  Dir.  for 
Habitat  Res.,  Region  6 


State  Dept.  of  Lands  (ND) 


Office  of  Env.  Project  Review 


Energy  Impact  Office  (ND) 


U.S.  Fish  &  Wildlife  Service 


Bureau  Chief 

Natural  Resources  Coord.       Game  &  Fish  Dept.  (ND) 


Dept.  of  Fish,  Wildlife  & 
Parks  (MT) 


Planner 


Agronomist 


Project  Manager 


Industrial  Specialist 


Exec.  Secy. 


Land  Use  Ping.  Coord.  Fd.  Aid  Coord.  Office  (ND) 


Admin.,  Field  Operations       State  Lands  Dept.  (MT) 


Staff 


Geologist 


Vegetation  Specialist 


Planner 


Staff 


Blume  Field  Road 
Glendive,  MT  59330 

Pulver  Hall 
Dickinson,  ND  58501 

P.O.  Box  940 

Miles  City,  MT  59301 

Capitol  Station 
Bismarck,  ND  58501 

18th  &  C  Streets 
Washington,  DC  20240 

Capitol  Building 
Bismarck,  ND  58505 

Lake  Plaza  N.  Bldg. 
134  Union  Blvd. 
Lakewood,  CO  80228 

1420  E.  6th  Avenue 
Helena,  MT  59601 

2121  Lovett  Avenue 
Bismarck,  ND  58505 

528  Grand  Avenue 
Billings,  MT  59102 

P.O.  Box  940 

Miles  City,  MT  59301 

P.O.  Box  940 

Miles  City,  MT  59301 

1405  Curtis  Street 
Denver,  CO  80202 

2301  Colonial  Dr. 
Helena,  MT  59601 

Capitol  Building 
Bismark,  ND  58505 

1625  11th  Avenue 
Helena,  MT  59601 

1200  Missouri  Avenue 
Bismarck,  ND  58501 

P.O.  Box  36800 
Billings,  MT  59103 

Montana  State  Univ. 
Bozeman,  MT  59715 

P.O.  Box  811 
Glendive,  MT  59330 


N.  Plains  Resource  Council  Glendive,  MT  59330 


Cumin  Associates 


Bureau  of  Land  Mgmt. 


Bureau  of  Land  Mgmt. 


SBA 


Montana  Coal  Council 


State  Dept.  of  Health  (ND) 


Bureau  of  Land  Mgmt. 


Reclamation  Research  Unit 


Chief  Enforcement  Officer      Oil  &  Gas  Div.  of  the  State 

Industrial  Commission  (ND) 


Planner 


Lewis  &  Clark  RCD 


900  E.  Blvd. 
State  Office  Bldg. 
Bismarck,  ND  58505 

Mandan,  ND 


701-227-1241 
406-232-4331 
701-224-2800 


FTS  343-4803 
202-343-4803 

701-224-3188 


FTS  234-4619 
303-234-4619 


406-449-3677 

701-224-2180 

406-245-6144 

FTS  585-6711 
406-232-4331 

406-232-4331 
FTS  327-5441 
406-442-6223 
702-224-2828 

701-224-2374 

FTS  585-6185 
406-567-6185 

406-994-4821 

406-365-5029 

406-365-2525 
701-224-2969 

701-663-6588 
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NAME 


TITLE 


AGENCY 


ADDRESS 


OFFICE  PHONE 


Olsen,  Sandi 
Olson,  Allan 
Owen,  Hal 
Owen,  Nancy 
Penfold,  Mike 
Peters,  Dave 
Peterson,  Dave 
Pettee,  Chuck 
Powell,  Robert 

Puppe,  Gary 
Reis,  Ron 

Renner,  Ted 

Richards,  Kannon 

Roen,  Leland 

Rufledt,  Don 

Runner,  Bob 

Safaya,  Nirander 

Samdahl,  Rodney 

Schaffer,  Bill 

Schewman,  Fred 

Schmidt,  Carol 

Schwinden,  Ted 

Shontz,  John 


Coal  Bureau  Chief 
Governor 
Geologist 
Siting  Analyst 
State  Director 
Economist 
Consultant 
Hydrologist 
Chief  Ranger 

Exec.  Secretary 
Vegetation  Specialist 

Private  Consultant 


State  Lands  Dept.  (MT) 


North  Dakota 


Bureau  of  Land  Mgmt. 


Montana  DNRC 


Bureau  of  Land  Mgmt. 


Bureau  of  Land  Mgmt. 


Pace  Consultants 


Bureau  of  Land  Mgmt. 


U.S.  Park  Service 


Soil  Cons.  Comm.  (ND) 

Northern  Great  Plains 
Research  Center 

Manpower  Resource 


Associate  State  Director  Bureau  of  Land  Mgmt. 


Ex-Officio  Member 
Soil  Scientist 

Reclamation  Specialist 

Geologist 

Plant  &  Soil  Scientist 

Sanitary  Engineer 

Hydrologist 

Governor 

Mt.  Legislator 


North  Dakota  legislature 


Bureau  of  Land  Mgmt. 


ND  Resource  Council 


Public  Service  Comm.  (ND) 


Dept.  of  State  Lands  (MT) 


Reclamation  Res.  Unit 


Dept.  of  Health  &  Env.  Sci. 
(MT) 

Dept.  of  State  Lands  (MT) 


State  of  Montana 


1625  11th  Avenue 
Helena,  MT  59601 

Capitol  Bldg. 
Bismark,  ND  58505 

P.O.  Box  36800 
Billings,  MT  59103 

32  S.  Ewing  St. 
Helena.  MT  59601 

P.O.  Box  36800 
Billings,  MT  59107 

P.O.  Box  940 

Miles  City,  MT  59301 

650  S.  Cherry  Str.  #400 
Denver,  CO  80222 

P.O.  Box  1229 
Dickinson,  ND  58505 

Theodore  Roosevelt 
National  Park 
Medora,  ND  58645 

Bismarck,  ND  58505 

P.O.  Box  459 

Mandan,  ND  58554 

8222  12th  Ave.  W. 
Dickinson,  ND  58601 

Billings,  MT  59107 
P.O.  Box  36800 

P.O.  Box  183 
Bowman,  ND  58623 

P.O.  Box  1229 
Dickinson,  ND  58601 

106  7th  Avenue,  NW 
Bowman,  ND  58623 

State  Captiol 
Bismarck,  ND  58505 

1625  11th  Avenue 
Helena,  MT  59601 

Montana  State  Univ. 
Bozeman,  MT  59715 

Cogswell  Building 
Helena,  MT  59601 

1625  11th  Avenue 
Helena,  MT  59601 

State  Capitol  Bldg. 
Helena,  MT  59601 

Rt.  1,  Box  1290- A 
Sidney,  MT  59270 


406-449-4560 

701-224-2200 

FTS  585-6185 
406-567-6185 

FTS  587-4600 
406-449-4600 

FTS-585-6461 
406-657-6461 

406-232-4331 
303-320-0717 
701-224-2650 
701-623-4466 

701-224-2650 
701-663-6445 

701-225-3260 

FTS  585-6461 
406-657-6461 

701-523-5461 
701-523-3169 

FTS  783-5771 
701-225-9148 

701-523-3786 
701-224-2400 
406-449-2074 
406-994-4821 
406-499-2407 
406-499-4560 
406-449-3111 
406-482-5450 
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NAME 


TITLE 


AGENCY 


ADDRESS 


OFFICE  PHONE 


Siroky,  Laurence 

Skrypek,  John 

Smith,  Reed 

Smutzler,  Lee 

Stuecke,  Wally 

Thompson,  Larry 

Thornton,  Dave 

Torkelson,  Dave 

Tromm,  Dexter 

Trull,  John 

Waller,  Helen 
Webb,  Robert 

Whitlock,  Clair 

Wickware,  Harvey 

Young,  Steve 
Zschomler,  Stan 


Administrator 
Fisheries  Biologist 
District  Manager 
Director 
Area  Manager 
Bio.  Science  Coord. 

Research  Analyst 


Mt.  Dept.  of  Nat.  Res. 


Minn.  Dept.  of  Nat.  Res. 


Bureau  of  Land  Mgmt. 


Badlands  Human  Svc.  Ctr. 


U.S.  Fish  &  Wildlife  Service 


Dept.  of  Nat.  Res.  &  Cons. 
(MT) 

Minn.  Pollution  Control 
Agency 

Industrial  Dev.  Dept. 


Industrial  Relations  Rep.        Employment  Security  Bur. 


25  South  Ewing 
Helena,  MT  59601 

658  Cedar  Street 
St.  Paul,  MN  55155 

P.O.  Box  1229 
Dickinson,  ND  58601 

Dickinson  St.  College 
Dickinson,  ND  58601 

316  North  26th  St. 
Billings,  MT  59101 

25  South  Ewing 
Helena,  MT  59601 

1935  W.  County  Rd. 
Roseville,  MN  55113 

523  East  Bismarck  Ave. 
Bismarck,  ND  58501 

P.O.  Box  1537 
Bismarck,  ND  58501 


Regional  Planner 


Br.  Chief,  Solid  Minerals 


State  Director 


Park  Superintendent 


Reclamation  Specialist 

Field  Supervisor, 
Ecological  Services 


Social  &  Comm.  Task  Force 

(MT) 

Northern  Plains  Res.  Council      Circle,  MT 
Bureau  of  Land  Mgmt. 


Bureau  of  Land  Mgmt. 


U.S.  Park  Service 


Montana  State  University 


U.S.  Fish  &  Wildlife  Service 


P.O.  Box  36800 
Billings,  MT  59101 

338  American  Terrace 
Boise,  ID  83724 

Theodore  Roosevelt 
National  Park 
Medora,  ND  58645 

Bozeman,  MT  59715 


1500  Capitol  Ave. 
Bismark,  ND  58501 


406-449-4600 
FTS  776-0795 


FTS  783-5771 
701-225-9148 

701  227-2771 


FTS  585-6360 
406-657-6360 

406-449-3780 
FTS  776-7219 
701-224-2811 
701-224-2847 

406-485-3490 

FTS  585-6291 
406-657-6291 

FTS  554-1401 
208-334-1401 

701-623-4466 
406-994-4821 


FTS  783-4481 
701-255-4011 
(ext.  4481) 
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SCHEDULE  AND  PROCESS 


12-30/83 


Action  Step 


Start  Date       End  Date 


7. 
8. 
9. 

10. 


1.  RCT  Meeting:  Organization 

2.  Preliminary  Project  Management  Plan 

3.  Expressions  of  Leasing  Interest— MT 

4.  Evaluation  of  ELI  for  Tract  Delineation— MT 

5.  RCT  Meeting:  Preliminary  Approval  of  PMP  and  Guidance 
for  TD  and  TPR's-MT 

6.  Verification  of  Surface  Owner  Consents  and  Refusals  to 
Consent— MT 

Tract  Delineation 

Finalize  PMP 

Industry  Briefings  and  Federal  and  State  Interagency 
Meetings— MT 

Scoping  for  TD  and  TPRs— MT 

11.  Tract  Profile  Reports— MT 

12.  Regional  Leasing  Levels 

13.  Expressions  of  Leasing  Interest — ND 

14.  Evaluation  of  ELI  for  Tract  Delineation— ND 

15.  RCT  Meeting:  TD  and  TPRs  Review— MT,  Guidance  for  TD 
and  TPRs— ND,  Recommendations  on  Regional  Leasing 
Leasing  Levels,  and  Preliminary  Tract  Ranking  Factors 

Verification  of  Surface  Owner  Consents  and  Refusals  to 
Consent— ND 

Tract  Delineation — ND 

Industry  Briefings  and  Federal  and  State  Interagency 
Meetings— ND 

Scoping  for  TD  and  TPRs— ND 

20.  Tract  Profile  Reports— ND 

21.  Review  of  TPRs  and  Summary— MSO— WO— RCT 

22.  Publish  and  Distribute  TPRs  and  Summaries  to  Public 
RCT  Meeting:  Scoping  for  DEIS,  Field  Tour  of  Tracts,  Final 
Tract  Rank  of  Tracts,  Selection  of  Tracts  for  DEIS 
Alternatives  and  DEIS  Guidance 

Draft  EIS 

Draft  EIS,  MSO  and  WO 

Correct  Draft  EIS 

27.  Review  Draft  EIS  for  Printing  WO— OEPR 

28.  Print  Draft  EIS 
File  Draft  EIS  with  EPA  and  F.R.  Notice 
Public  Review  of  Draft  EIS 


16. 

17. 
18. 

19. 


23 


24. 
25. 
26. 


29. 
30. 
31. 


32. 
33. 
34. 


RCT  Meeting:  Review  DEIS  Comments  and  Final  EIS 
Guidance 

Final  EIS 

Review  Preliminary  Final  EIS,  MSO— WO— OEPR 

Correct  Final  EIS 


2-23-83 

3-1-83 

6-1-83 

4-1-83 

5-20-83 

5-20-83 

6-1-83 

6-1-83 


6-1-83 

4-11-86 

6-1-83 

11-15-83 

6-1-83 

12-30-83 

7-1-83 

8-1-83 

7-1-83 

8-1-83 

10-1-83 

2-15-84 

10-1-83 

2-15-84 

12-27-83 

2-15-84 

2-15-84 

2-22-84 

3-8-84 


2-23-84 

4-11-86 

2-23-84 

6-1-84 

2-23-84 

4-1-84 

2-23-84 

4-1-84 

3-15-84 

7-13-84 

7-13-84 

7-25-84 

7-25-84 

8-15-84 

8-28-84 

8-30-84 

8-30-84 

3-1-85 

3-1-85 

3-13-85 

3-13-85 

4-19-85 

4-19-85 

4-26-85 

4-26-85 

5-17-85 

5-17-85 

5-23-85 

5-23-85 

7-26-85 

8-7-85 

8-7-85 

10-4-85 

10-4-85 

10-16-85 

10-16-85 

11-22-85 
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35.  Review  Final  EIS  for  Printing,  WO— OEPR 

36.  Print  Final  EIS 

37.  File  Final  EIS  with  EPA  and  F.R.  Notice 

38.  RCT  Meeting:  Recommendations  on  Lease  Sale  Schedule 

39.  Secretary  Consultation 

40.  Preliminary  Economic  Evaluation 

41.  Final  Filing  and  Verification  of  Surface  Owner  Consents 

42.  Public  Comment  Period  for  FMV  and  MER 

43.  Secretary's  Leasing  Decision 

44.  Final  Lease  Sale  Schedule 

45.  Final  Economic  Evaluation 

46.  Prepare  Notice  of  Sale 

47.  Post  Notice  of  Sale 

48.  Lease  Sale 


11-22-85 

11-29-85 

11-29-85 

12-20-85 

12-20-85 

12-27-85 

1-15-86 

1-15-86 

3-15-86 

1-15-86 

4-4-86 

3-1-86 

4-11-86 

3-4-86 

4-4-86 

4-4-86 

4-4-86 

4-11-86 

4-4-86 

5-29-86 

4-4-86 

5-5-86 

5-5-86 

6-3-86 
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FORT  ONION  II  SCHEDULE 


12/30/83 


1983 


1984 


1985 


1986 


Jan 

Feb 

Mar 

Apr 

May 

Jun 

Jul 

Aug 

Sep 

Oct 

Nov 

Dec 

Jan 

Feb 

Mar 

Apr 

May 

Jun 

Jul 

Aug 

Sep 

Oct 

Nov 

Dec 

Jan 

Feb 

Mar 

Apr 

May 

Jun 

Jul 

Aug 

Sep 

Oct 

Nov 

Dec 

Jan 

Feb 

Mar 

Apr 

May 

Jun 

Jul 

Aug 

Sep 

Oct 

Nov 

Dec 

RCT  Meeting:  Organization 

223  0 

Preliminary  Project  Management  Plan 
Expressions  of  Leasing  Interest— MT 

4-1 

■■  5-20 

Evaluation  of  EU  for  Tract  Delineation— MT 

5-20  ■ 

61 

RCT  Meeting:  Preliminary  Approval  of  PMP  and  Guidance  for  TD  and  TPRs— MT 

1 

(6-1 

Tract  Delineation 

61 

■11 

5 

Industry  Briefings  and  Federal  and  State  Interagency  Meetings— MT 

7-1 

■H 

8-1 

Scoping  for  TD  and  TPRs— MT 

7-1 

8-1 

Tract  Profile  Reports-MT 

10-1 

■  2-15 

Regional  Leasing  Levels 

10-1 

■  2-15 

Expressions  of  Leasing  Interest— ND 

12-271 

■  2  15 

Evaluation  of  ELI  for  Tract  Delineation— ND 

2-15  ■ 

2-22 

RCT  Meeting   TD  and  TPRs  Review-MT.  Guidance  for  TD  and  TPRs— ND. 
Recommendations  on  Regional  Leasing  Levels,  and  Preliminary  Tract  Ranking  Factors 

2-22  • 

Verification  of  Surface  Owner  Consents  and  Refusals  to  Consent— ND 

2231 

■  4  1 

Industry  Briefings  and  Federal  and  State  Interagency  Meetings— ND 

2-231 

4-1 

Scoping  for  TD  and  TPRs-ND 

2-231 

41 

Review  of  TPRs  and  Summary— MSO.  WO,  and  RCT 

7-1 3  ■7-25 

Publish  and  Distnbute  TPRs  and  Summanes  to  Public 

7  251 

■1815 

RCT  Meeting:  Scoping  for  DEIS,  Field  Tour  of  Tracts,  Final  Tract  Rank  of  Tracts,  Selection  of 
Tracts  lor  DEIS  Alternatives  and  DEJS  Guidance 

8-281 

8-30 

Draft  EJS-MSO,  WO 

31 

■  3-13 

Correct  Draft  EIS 

inm^4-i9 

Review  Draft  EIS  for  Printing— WO.  OEPR 

4  19B4-26 

Print  Draft  EIS 

4  26  ■■  5- 17 

File  Draft  EIS  with  EPA  and  F.R.  Notice 

5-17  ■  5-23 

Public  Review  of  Draft  Ei5 

5-23  1 

rMM 

RCT  Meeting:  Review  DEJS  Comments  and  Final  EIS  Guidance 

8-7 

• 

Final  EIS 

&■ 

|104 

Review  Preliminary  Final  EIS-MSO.  WO.  and  OEPR 

10-4 

■  10-16 

Correct  Final  EIS 

10-16  ■       ■    1-2 

Review  Final  EIS  for  Pnnting-WO,  OEPR 

11-22  1  1129 

Print  Final  EIS 

11-291 

I^H12~20 

File  Final  EIS  with  EPA  and  F.R.  Notice 

2-20  ■  12-27 

KLI  Meeting:  Kecommendations  on  Lease  Sale  Schedule 

1-15  • 

Secretary  Consultation 

I-15BB 

■  3-15 

Preliminary  Economic  Evaluation 

1-15  ■ 

144 

Final  Filing  and  Verification  of  Surface  Owner  Consents 

3-1 

■  -!  i  1 

Public  Comment  Period  for  FMV  and  MER 

■ 

144 

Secretary  s  Leasing  Decision 

4-4 

• 

Final  Lease  Sale  Schedule 

44 

■  4-11 

Final  Economic  Evaluation 

4-4 

5-29 

Prepare  Notice  of  Sale 

44 

■  55 

Post  Notice  of  Sale 

5-5 

• 

Lease  Sale 

63 

• 

RCT     -Regional  Coal  Team                                                     Pw>     -  Project  Management  Plan                                      TPRs    -  Tract  Profile  Reports                                      WO      - 
EU      -Expression  of  Leasing  Interest                                  TO       -  Tract  Delineation                                               MSO    -  Montana  State  Office                                  DOS    - 

-  Washington  Office 

-  Draft  Environmental  Impact  Statement 

OEPR  —  Office  of  Environmental  Project  Review 
F.R.      -  Federal  Register 

EPA 

FMV 

—  Environmental  Protector 
-Fair  Market  Value 

Agency 

MEH 

—  Maximum  Economic  Recovery 

PUBLIC  INVOLVEMENT  PLAN 


The  overall  purpose  of  the  public  participation  plan  is  to  provide  an  ordered  means  of  communication 
with  the  various  segments  of  the  public  so  that  they  can  contribute  to  the  coal  program.  Public 
involvement  will  go  beyond  merely  listening  to  public  opinions.  The  participation  will  be  planned  and 
timed  so  that  public  views  will  be  incorporated  into  the  decision  making  process.  In  any  public 
involvement  plan  there  must  be  orientation  and  education,  followed  by  exchanges  of  views. 

Keeping  the  public  informed  on  the  coal  project  will  depend  largely  on  the  degree  of  interest  that  the 
news  media  take.  Throughout  the  program,  media  representatives  will  be  kept  informed,  and  a 
posture  of  openness  and  assistance  to  the  media  will  be  maintained. 

There  are  four  major  steps  in  the  development  of  a  public  involvement  plan: 

1.  Program  Definition.  This  Project  Management  Plan,  federal  regulations,  and  Interior  Depart- 
ment direction  define  the  major  steps  in  the  coal  activity  plan/EIS/decision  process.  These  are  the 
elements  around  which  the  public  involvement  plan  is  built. 

2.  Identification  of  Affected  Public  Groups.  "Public"  in  this  plan  is  used  in  the  broadest  customary 
sense:  general  public,  interest  groups  and  organizations,  private  enterprise,  and  government  repre- 
sentatives. For  a  graphic  description  of  how  the  public  is  involved,  see  the  Draft  Public  Affairs  Plan. 

3.  Public  Involvement  Objectives.     Two  overriding  objectives  are  the  basis  for  this  plan: 

a.  Ensure  that  the  information  and  analysis  upon  which  federal  leasing  decisions  are  based  are 
technically  sound  and  acceptable  to  the  widest  possible  number  of  affected  citizens. 

b.  Ensure  that  the  results  of  public  involvement  efforts  are  adequately  evaluated  and  used  in 
both  the  assessment  and  decision  making  aspects  of  the  Fort  Union  program. 

Certain  regulatory  requirements  related  to  public  involvement  must  be  met.  The  public  must  be 
sufficiently  oriented  to  the  Fort  Union  coal  program  to  become  involved  with  it.  Public  involvement 
should  be  encouraged  and  made  as  convenient  as  possible. 

4.  Techniques.  The  public  involvement  techniques  vary  with  the  step  in  the  program,  the  role  of 
different  public  groups,  and  the  objective  being  addressed. 

Several  techniques  of  the  Fort  Union  Public  Involvement  Plan  deserve  special  mention: 

Scoping 

The  scoping  process  is  designed  in  two  phases.  To  identify  issues  prior  to  site-specific  work  and  then  to 
define  issues  and  leasing  alternatives  for  the  regional  EIS.  Many  issues  have  already  been  identified 
in  connection  with  coal  development  in  eastern  Montana  and  North  Dakota.  This  has  occurred 
through  prior  planning  and  public  involvement  efforts.  The  initial  scoping  phase  would  use  an  open 
house  to  describe  the  Fort  Union  program  and  identify  tract-specific  as  well  as  major  public  issues 
already  on  record.  It  would  solicit  any  new  concerns  or  special  emphasis.  In  addition,  the  opportunity 
for  personal  briefings  or  conferences  would  be  provided  to  specific  groups  or  organizations.  Meetings 
and  hearings  chaired  by  the  Regional  Coal  Team  would  be  used  in  the  second  phase  of  the  scoping 
process  (during  the  regional  EIS).  The  purpose  of  these  meetings  will  be  to  listen  to  the  public  and  to 
exchange  views  with  them.  The  meetings  will  be  held  throughout  the  Fort  Union  coal  region  and  will 
address  the  concerns  the  public  cares  to  raise.  Finally,  unstructured  interviews  may  be  used  to 
discover  public  attitudes,  concerns  with  likely  coal  related  impacts,  and  quality-of-life  considerations. 
The  results  of  these  interviews  may  also  be  used  to  further  refine  the  issues  and  rank  the  importance  of 
items  in  the  Fort  Union  process. 

Site-Specific  Review 

A  summary  of  the  results  of  the  Tract  Profile  Reports  will  be  published.  This  is  a  compromise  between 
having  no  structured  documentation  of  the  results  of  the  tract  specific  phase  and  the  massive 
reprinting  of  10  to  20  major  analyses.  Blanket  public  distribution  of  all  the  entire  Tract  Profile  Reports 
would  be  impractical.  However,  the  public  needs  to  be  aware  of  the  more  important  results  of  these 
analyses  in  order  to  participate  in  an  informed  way  in  the  steps  that  follow.  The  summary  report 
coupled  with  overview  briefings  are  techniques  for  accomplishing  this  involvement. 
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Regional  Coal  Team  Hearings 

The  Regional  Coal  Team  will  entertain  comments  on  the  regional  leasing  levels,  on  tract  ranking 
factors,  on  EIS  scoping  issues,  on  alternative  tracts  for  consideration,  and  on  the  draft  regional  EIS 
(formal  hearing,  during  the  public  review  period).  These  opportunities  will  allow  the  Regional  Coal 
Team  to  hear  comments  not  only  on  the  quality  of  analyses  which  have  been  done  but  also  hear 
comments  from  the  public  that  will  directly  affect  decision  making. 

Public  Workshops  on  the  Draft  EIS 

In  addition  to  the  Regional  Coal  Team  hearings  and  the  normal  document  review  of  the  draft  EIS, 
other  meetings  throughout  the  region  are  currently  planned.  This  will  allow  government,  industry, 
and  citizens  throughout  the  region  to  make  their  views  and  preferences  known  to  the  Regional  Coal 
Team  in  a  direct  structured  fashion. 
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Major  Public  Groups  and  Their  Involvement 


State  Governors 
State  Agencies 


Local  Agencies 


General  Public 


Surface  Owners 


Special  Groups  and  Associations 


Federal  Agencies 
Industry 


Advisory  Boards 
Members  of  Congress 

News  Media 


Regional  Coal  Team  Membership 
Consultation  Requirements 

Joint  Leadership 

Scoping/Hearings 

Agency  Briefing 

Review  TPR's 

Regional  EIS  Review/Hearings 

Advise  State  RCT  Member 

Scoping/Hearings 
Individual  Briefings  on  Request 
Regional  EIS  Review/Hearings 
Regional  EIS  Public  Meetings 
Unstructured  Interviews 
News  Releases 

News  Releases 
Scoping  Brochure 
Tract  Profile  Summary 
Unstructured  Interviews 
RCT  Scoping  Hearings 
Regional  EIS  Reviews 

(Same  as  General  Public) 

Request  for  Consent  or  Refusals 

Personal  Follow-up  Contacts  (as  appropriate) 

(Same  as  General  Public) 
Special  Briefings  on  Request 
Regional  EIS  Public  Meetings 

(Same  as  State  Agencies) 

(Same  as  General  Public) 

Request  for  Consents 

Call  for  Expressions  of  Leasing  Interest 

Industry  Briefing 

Meetings  on  Regional  EIS 

(Same  as  Special  Groups) 

Offer  Advice  through  Regular  Advisory  Channels 

Receipt  of  All  News  Information 
Advance  Copies  of  all  Documents 
Advance  Briefings  on  Request 
Hearings  Testimony 

Press  Releases 
RCT  Coverage 
Briefings/ Interviews 
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Affected  Public  Groups  in  Fort  Union 


Federal  Agencies 

Department  of  Agriculture 

Forest  Service 

Soil  Conservation  Service 
Department  of  the  Interior 

Bureau  of  Indian  Affairs 

Bureau  of  Mines 

Fish  and  Wildlife  Service 

Geological  Survey 

National  Park  Service 

Bureau  of  Reclamation 

Office  of  Surface  Mining 
Environmental  Protection  Agency 
Corps  of  Engineers 

Mining  Enforcement  and  Safety  Administration 
Occupational  Health  and  Safety  Administration 
Department  of  Energy 
Department  of  Commerce 
U.S.  Bureau  of  Labor  Statistics 
Science  and  Education  Administration 
Rural  Electrification  Administration 
Federal  Energy  Regulatory  Commission 
Interstate  Commerce  Commission 

Local  Agencies 

Montana 

Social  and  Community  Service  Task  Force 

Eastern  Montana  Growth  Task  Force 

City/County  Planning  Commissions  (in  eastern  Montana) 

Grazing  Associations 

Mayors 

County  Commissioners 

North  Dakota 

City/County  Planning  Commission 

Roosevelt-Custer  Regional 

Council  for  Development 

Mayors 

County  Commissioners 

Soil  Conservation  Committees 

Grazing  Association 

Mercer  County  Energy  Development  Board 

Williston  Basin  Regional  Council  for  Development 

Lewis  and  Clark  Regional  Council  for  Development 

The  Souris  Basin  Planning  Council 

State  Agencies 

Montana 

Governor's  Office 

Department  of  Commerce 

Department  of  Fish,  Wildlife,  and  Parks 

Department  of  Natural  Resources  and  Conservation 

Department  of  State  Lands 

Historical  Society 

Coal  Board 

Department  of  Revenue 

Attorney  General's  Office 
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North  Dakota 

Governor's  Office 

Office  of  Intergovernmental  Affairs 

Game  and  Fish  Department 

Historical  Society 

State  University 

Public  Service  Commission 

State  Highway  Department 

Water  Commission 

Geological  Survey 

Employment  Security  Bureau 

Health  Department 

Land  Department 

Attorney  General's  Office 

Indian  Affairs  Commission 

Energy  Impact  Office 

Tax  Department 

Industrial  Commission 

General  Public  (separate  mailing  list) 

North  Dakota  Wildlife  Federation 

Northern  Plains  Resource  Council 

Dakota  Resources  Council 

McCone  Agricultural  Protection  Organization 

Dakota  Resource  Council 

Golden  Valley  Protective  Association 

United  Sportsmen  of  North  Dakota 

Sierra  Club 

Friends  of  Earth 

Audubon  Society 

Wildlife  Federation  (National  and  Montana) 

North  Dakota  Farm  Bureau 

Farmer's  Union 

North  Dakota  Lignite  Council 

Rocky  Mountain  Oil  and  Gas  Association 

The  Wilderness  Society 

Montana  Coal  Council 

Montana  Association  of  Counties 

Montana  Association  of  Municipalities 

Environmental  Information  Center  (MT) 

News  Media  (separate  mailing  list) 

Advisory  Boards 

Dickinson  District  Advisory  Council 
Miles  City  District  Advisory  Council 

State  Governors  (separate  mailing  list) 

Hon.  Ted  Schwinden  (Montana) 
Hon.  Allan  Olson  (North  Dakota) 
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Members  of  Congress 

Montana 

Senator  John  Melcher 
Senator  Max  Baucus 
Congressman  Ron  Marlenee 

North  Dakota 

Congressman  Byron  Dorgan 
Senator  Quentin  Burdick 
Senator  Mark  Andrews 

Industry  (separate  mailing  list) 

Surface  Owners  (separate  mailing  list) 

Other 

Missouri  River  Basin  Commission  State  Legislative  Leadership  (MT  and  N.D.) 
Indian  Tribal  Councils 

Fort  Berthold  (N.D.) 

Fort  Peck  (MT) 

Standing  Rock  (N.D.) 

Northern  Cheyenne  (MT) 

Crow  (MT) 


cement 
iral  Center 
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Draft  Public  Affairs  Plan 
Fort  Union— Second  Round 


Action 


Date 


Responsibility 


Issue  advance  news  release  on  RCT  meeting 

Issue  follow  up  news  release  on  RCT  meeting 

Issue  news  release  and  public  service  announcements 

(PSAs)  on  Tract  Profile  scoping  meetings 

Hold  Montana  Tract  Profile  scoping  meetings 

Hold  industry  briefings 

Request  for  comments  on  regional  leasing  levels 

Issue  advance/news  release  announcing  RCT  meeting 

Issue  follow  up  news  release  on  RCT  meeting 

Issue  news  release  announcing  North  Dakota  Tract  Profile 
scoping  meetings 

Issue  news  release  and  PSAs  on  tract  profile  scoping 
meetings  and  industry  briefings 

Hold  tract  profile  scoping  meetings 

Issue  Federal  Register  NOI  to  prepare  an  EIS 

Issue  advance  news  release  on  RCT  meeting  and  F.R. 
Notice 

Issue  follow  up  news  on  RCT  meeting  and  announce  REIS 
Scoping  and  tract  ranking  factors  meetings 

Hold  REIS  scoping  and  tract  ranking  factors  meetings 

Issue  advance  news  release  on  RCT  meeting 

Issue  follow  up  news  release  on  RCT  meeting 

Prepare  and  submit  Federal  Register  notice  on  draft  EIS 
hearings 

Issue  news  release  on  draft  availability,  announcing 
public  comment  period  and  meeting  and  hearing  dates 

Mail  draft  EIS  to  Fort  Union  mailing  list 

Issue  radio  PSAs  on  meetings  and  hearings 

Host  information  meetings  or  open  houses 

Hold  public  hearings 

Issue  advance  news  release  on  RCT  meeting 

Issue  follow  up  news  release  on  RCT  meeting 

Issue  news  release  announcing  availability  of  final  EIS 

Issue  advance  news  release  on  RCT  meeting 

Issue  follow  up  news  release  on  RCT  meeting 

Prepare  Federal  Register  Request  for  Comments  on  FMV 
Determination 

Issue  news  release  on  RCT  final  lease  sale  schedule 
recommendation 

Issue  news  release  on  fair  market  value 

Prepare  and  publish  Notice  of  Sale 

Issue  advance  news  release  on  sale 

Issue  follow  up  news  release  on  sale 


May  83 

MSO-PA 

June  83 

MSO— PA 

July  83 

Miles  City  DM 

July  83 

Miles  City  DM 

July  83 

Miles  City  DM 

Feb.  84 

MSO-PA 

Combine  in  same  F.R.  Notice 
Feb.  84  MSO-PA 

March  84  MSO-PA 


March  84 

March  84 
March  84 
Aug.  84 

July  84 


Dickinson  DM 

Dickinson  DM 
Dickinson  DM 
Miles  City  DM 

MSO-PA 


Aug.  84 

MSO-PA 

Sept.  84 

DMs  and  RCT 

Sept.  84 

MSO-PA 

Oct.  84 

MSO-PA 

April  85 

Miles  City  DM 

April  85 

DMs 

May  85 

MSO-PA 

May— June  85 

DMs 

May  85 

DMs 

June  85 

DMs 

July  85 

MSO-PA 

Aug.  85 

MSO-PA 

Dec.  85 

Miles  City  DM 

Jan.  86 

MSO-PA 

Jan.  86 

MSO-PA 

Jan. 86 

Miles  City  DM 

Jan. 86 

DMs 

March  86 

DMs 

April  86 

Deputy  SD— E&M 

May  86 

MSO-PA 

June  86 

MSO-PA 
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